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BILL NO. S-83-ll-Y^7 


SPECIAL ORDINANCE NO. S- JSJ-SA 

AN ORDINANCE approving Change Order 
#1, Lafayette St. Overpass Demolition, 

Res. #5974-83, with O'Rourke Con¬ 
struction Company, in connection with 
the Board of Public Works. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order #1, Lafayette St. Overpass 
Demolition, Res. #5974-83, with O'Rourke Construction Company, in 
connection with the Board of Public Works, is hereby ratified, 
and affirmed and approved in all respects. The work under said 
Change Order requires: 

This change order is necessary to add asphalt 
resurfacing beneath demolished railroad spans 
and realign pavement striping to channel traffic. 
Resurfacing and pavement striping will extend 
north to Brackenridge Street and will improve 
the serviceability of this section of Lafayette 
Street; 

involving a total cost of Nine Thousand Eight Hundred Twelve and 
No/100 Dollars ($9,812.00). 

SECTION 2. Prior Approval was received from Council 
with respect to this Change Order on November 1, 1983. Two (2) 
copies of the Change Order attached hereto are on file with the 
City Clerk, and are available for public inspection. 

SECTION 3. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 
approval by the Mayor. 








Read the first Jtiir.e in full and on motion by_ 

seconded by__/. and duly ^d^pted,. read 




by title and refe'r^'ed to the Committee_ 


ad the' second time 

_(arid, the City 

Plan Commission for recommendation) and Public_Jiaari ng tn he hp>4-drafter 
due legal notice, at the CouncilJ^aamb^rsr^ity-County Building, Fort Wayne, 

Indiana, on_, the__day of 

o’dloc fry .M. ,E.S.T. 




JZ- 


Cliy CLERK 


Read the third tfime in full and on motion by_ (~^y _ 

seconded by_ 0. _, and duly adopted, placed on its 

passage. PASSED (B90« 

AYES 

-L 


y the following vote: 

NAYS ABSTAINED 


TOTAL VOTES 


BRADBURY 
3URNS 
. EIS3ART 
GiaQUINTA 
SCHMIDT 
SCHOMBURG 
SCRUGGS 
STIER 
TALARICO 

DATE: 


_ 

/«* VS 


/ 


“CITyCLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (ZO NING MA P)-(GENERAL) (AN!TEXA5iON) (SPECIAL) 

UP PROFRI AT L ON) ORDINANCE (RESOLUTION) NO. yKS'3~<ft 

on the _day of_ _, 19 


ATTEST: 


(SEAL) 


■wr 


PRESIDING OFFICER 


-Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 
/ *Zy-£Z%y _day of S — 19 ^ _, at the hour of 





CITY CLERK 


Approved and signed by me this _ jb'lK d ay of " 

19 , at the hour of_3_o’clock . M. , E. S . T. 


WIN MOSES, JR. - 


MAYOR 















































































CHANGE 0?.C=P. 


:henge Ordar No. 
'roject No. 
lama of Project 


Lafayette St. Overpa 


73-/fJ-/? 

Resolution No. 5974-83 
Board Order No._ 

Date 


9/14/83 


o: 


O'Rourke Construction Co. 


(Contractor) 


fou are hereby requested to comply v/ith the following -hangs 
specifications: 


K’SCEIVEDj * 

SEP 2 3 1983 
DEPARTMENT 


item 

jo . 

Ouantitv 

DescriDtion of Change 

Unit Price 

Chanqe in Co 

ntract Price 

-Material 

Decrease 

Increase 

1 

L.S. 

Asphalt Resurfacing & Pavement 






Striping 

T.-S. 


9.8l2inn 






































iota! Decrease 



iOtal Increase 

Net teassa<3r&s4 (Increase) Contract Price 


9,812.00 


9,812.00 


S 97,512.00 


rh - sum of S Q.81 ?.00 _ is hereby (added to) (d^o^ixkrom) the total contract 

price, and the final contract price shall be adjusted as follows: 

Original Contract Price $— 87,700.00 - 

Current Contract Price Adjusted by .Previous Change Order S 
New Contract Price Including this Change Order 

Th» tins provided for completion in the contract for this project is (rawtangodi) (increased 
bv 1* calendar days due to this Change Order, lhe oate for completion 

of all work .hall ?7. iw _ • Furthermore, this document shall become an 

it to the contract and all provisions of the contract shall apply hereto. 

by: /w (Chi e f Street Hnoins erj Date , l ?/ /S/Si - 

Accepted by: /.-.(Contractor ! Date 


Approved by: ^ ^ ^ 


Approved by 


Attested by 


: K^ a XQ, — — i — 

_(SH-i Date /a-!S ~ 



■Z3- 


/o — 































































Change Order Mo. 1 __ 

Resolution No. . 5974-83 

Board Order No. _ ■ 



REQUEST AND JUSTIFICATION FOR CHANGE 

Necessity for change: Add asphalt resurfacing beneath demolished railroa d gpang 

and realign pavement striping to channel traffic. 


Will proposed change alter size of the project? Yes —X-. No — 

If yes^' explain: Resurfacing and pavement striping wi ll extend north tn. 

Brackenridge Street. — 


Affect on operation and maintenance cost of this project: Resurfa cing willimprove the 

serviceability of this section of Lafayette Street. 







































S-83-11-47 


BILL NO. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

WE, YOUR COMMITTEE ON Public Works _TO WHOM WAS REFERRED AN 

ORDINANCE approving Change Order #1, Lafayette Street. Overpass 
Demolition, Res. #59 7 4-83, with O'Rourke Construction Company._ 

in connection with the Board of Public Works_H/l/83 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 
BACK TO THE COMMON COUNCIL THAT SAID ORDINANCE PASS. 



























TITLE OF ORDINANC E Change ORDER #1, Lafayette St'/ Overpass Demolition, Res. 
^DEPARTMENT REQUESTING ORDINANCE B0ARD OfTublicTwoRKS ^ 

SYNOPSIS OF ORDINANCE This change order is necessary to add asphalt resur- 

__ facing beneath demolished railroaTT^T ^d realign pavement strioi^ 

to channel traffic. Resurfacing and pav ement striping will extend 

■ north to Brackenridg e Stre^Tand wilI7i^^~Ii^^rviceabilitv nt- 

this section of LaT^ette Street. O'Rourke C^/truction Company-is 


the contractor. 



EFFECT OF PASSAGE Improvement of Lafayette St. Overpass 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) 59 ' 812 ' 00 


assigned to committee 

























































































